UNIT  CONSTRUCTION   COSTS                                    1603
Account 8614.1—Clean Out Doors.
This covers the cost of labor of altering and material in the clean out doors and frames for this flue
18 cast-iron frames and steel plate doors, A in. by 16J in. by 2 ft. 2J
in ........... .................................................. $128.27
Hn. sheet steel and miscellaneous...................................      25.34
$153.61 Account 8614.2—Caulking Roof.
This account covers the labor and material of making as nearly airtight as was possible the roof to this flue. Asbestos wicking was caulked into all the bad joints.
Converter Flue
Account 8621—Excavation.
This was a small amount of excavation for a number of piers through red clay with boulders and sand and gravel. It was done with pick and shovel, the dirt being cast to the sides of the holes.
Account 8622—Foundation.
These foundations were 14 plain concrete piers about 4 ft. 6 in. by 4 ft. 6 in. by 5 ft. The concrete was machine mixed, about 7 parts sand and gravel to 1 cement, and transported 200 ft. in wheelbarrows and concrete carts to place. Seventy-five per cent, of the vertical surfaces was formed.
Account 8624—Steel Structure.
(See account 7308.2.) 81.99 tons of structural steel were used here. (See Fig. 101.)
Roaster Dust Chamber Flue
Account 8626—Excavation.
This excavation covers the cuts for a number of piers through red clay containing boulders, made with pick and shovel and thrown to one side of the excavation.
Account 8627—Foundation.
This concrete was cast in 12 piers about 4 ft. 6 in. by 4 ft. 6 in. by 5 ft. It was plain concrete, machine mixed in proportions of 7 sand and gravel to 1 cement, and was transported to place 200 ft. in cement cars and wheelbarrows. Seventy-five per cent, of the vertical surface was formed.
Account 8628—Brickwork.
This is"the same as 8123.10.    (See Figs. 99, 100, 102, and 104.)f tile, mortar, scaffolds, and the labor of masons, their helpers, and carpenters. (See Figs. 98 and 100.)
